Guntur District under NABARD RIDF Tranche XXVII for the year 2021-22 - 

Administrative sanction- Accorded - Orders - Issued . 
Registered No. HSE - 4972016 

PANCHAYAT RAJ AND RURAL DEVELOPMENT ( PROGS.8I ) DEPARTMENT 


G.O.RT.No:37 . 


Dated : 01-02-2022 
Read the following : 


1.The Deputy General Manager , NABARD , Lr . Ref . No.NB.APRO / SPD / SPD 

RIDF - 027 / 1518 / 99th ISC / 2021-22 , dated 17.12.2021 
2. From Finance ( PMU - NABARD & SP ) Dept. , U.O.Note.No.FINO1 

PMUONABM ( CFA ) / 48 / 2021 - NSP , dated 22.12.2021 . 
3. From the CE . , PR . , NABARD , PR , Vijayawada Lr.No. AEE / DEE / NABARD 

General file / 2021-22 , dated 7.1.2022 ) . 


***** 


ORDER : 


W.No.4 In the referAMARAVA FERIDAYęFEBRUARY 412022ial Advisor , FinarG2741 

( PMU . NABARD.SP ) Department , while furnishing the sanction letter of the 
Deputy General RULESISUPPBAMENTATO PARTI that NABARD has 
sanctioned an amount of Rs.906.28_lakhs for 4 projects for Laying of 9.30 Km 
Road works under NABARD Rural Infrastructure Development Fund Tranche 
XXVII in Amaravati Mandal of Guntur District and also requested to issue 
necessary administrative sanction orders within one month . 


2 . 


In the reference 3rd read above , CE , PR , NABARD , Vijayawada in his 
report has submitted that NABARD have cleared the ( 4 ) road works for laying of 
9.30 Km road in Amaravati Mandal of Guntur district with on estimate cost of 
Rs.906.28 lakhs for the Financial year 2021-22 under Tranche XXVII . The 
Category wise details of works cleared is as follows : 


S.No. Category 


Total 


No. of NABARD State 
works Loan Govt . , 

share 
4 

725.03 181.25 


1 . 


Plain 


906.28 


2 . 


4515-00-101-07-11-530 


531 


TOTAL 


4 


725.03 


181.25 


906.28 


3 . The Chief Engineer , Panchayat Raj , NABARD . , has also requested the 
Government to accord administrative Sanction for NABARD cleared for ( 4 ) 
projects for laying of 9.30 Km road in Amaravati Mandal of Guntur District 
costing of Rs.906.28 lakhs . The details of ( 4 ) works are as follows : 


District 


S. 
No 


Total 


The list of works cleared by NABARD under RIDF XVII 

Rs . In Lakhs 
Constitue Mandal Project Name Cat Lengt 

Estimate Cost 
ncy 

ego h of 

NABAR State 
ry 

the D Loan Govern 
road 

ment 

share 
Pedakura | Amarav Road from Plai 1.75 133.44 33.36 
padu ati 

Attaluru to n 


1 


Guntur 


166.80 


2 


Plai 3.15 


231.3 


57.82 


289.12 


n 


3 


Plai 3.25 


253.54 


63.38 


316.92 


n 


Amaravathi 

( M ) 
Guntur Pedakura Amarav Road from 
padu ati 

Attaluru to 
Kasipadu 
Donka in 
Amaravathi 

( M ) 
Guntur Pedakura Amarav Road from 
padu ati 

NV Palem to 
thammavara 
m Donka in 
Amaravathi 

( M ) 
Guntur Pedakura Amarav Road from 
padu ati 

NV Palem to 
Malladi 
Minor canal 
in 
Amaravathi 

( M ) 
Total 


4 


106.75 


26.69 


Plai 1.15 
n 


133.44 


9.30 


725.03 


181.25 


906.28 


4 . Government after examination hereby accord Administrative Sanction for 
an amount of Rs.9,06,28,000 / - ( Nine crores and six lakhs twenty eight 
thousand only ) which consists NABARD loan of Rs.7,25,03,000 / - ( Seven 
Crores and Twenty five lakhs three thousand only ) and State share of 
Rs.1,81,25,000 / - ( One crore eighty one lakhs twenty five thousand only ) the 
following ( 4 ) projects for laying of 9.30 Km road in Amaravathi Mandal of 
Guntur District under NABARD RIDF Tranche XXVII for the year 2021-22 . 


RIDF - XXVII- Rural Roads 
STATE : Andhra Pradesh 


Name of the Project 


Sr. 
No 


Block / 
Taluk 


TFO 


RIDF XXVII Loan 


District Length 

of the 
road 


Total 


2022 
23 
26.68 


2023-24 2024 

25 
53.38 53.38 


1 


1 


Amaravati 


Guntur 


1.75 


166.80 


133.44 


2 


Amaravati 


Guntur 


3.15 


289.12 


46.26 


92.52 


92.52 


231.30 


3 


Road from Attaluru to 
Hussain Nagar in 
Amaravathi ( M ) 
Road from Attaluru to 
Kasipadu Donka in 
Amaravathi ( M ) 
Road from NV Palem to 
thammavaram Donka 
in Amaravathi ( M ) 
Road from NV Palem to 
Malladi Minor canal in 
Amaravathi ( M ) 
GRAND TOTAL 


Amaravati 


Guntur 


3.25 


316.92 


50.70 


101.42 


101.42 


253.54 


4 


Amaravati 


Guntur 


1.15 


133.44 


21.35 


42.70 


42.70 


106.75 


9.30 


906.28 


144.99 


290.92 290.92 


725.0 : 


5. The Chief Engineer , Panchayat Raj , NABARD , Vijayawada shall take further 
necessary action accordingly in the matter . 


6. This Order issues with the concurrence of Finance ( PMU - NABARD & SP ) 
Department vide their U.O.No.FINO1 - PMUONABM ( CFA ) / 48 / 2021 - NSP , 
dt : 21.01.2022 . ( Computer No.1598705 ) 
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( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 


GOPAL KRISHNA DWIVEDI 
PRINCIPAL SECRETARY TO GOVERNMENT 


To 
The Chief Engineer , Panchayat Raj , NABARD , Vijayawada , Andhra Pradesh . 
Copy to : 
The Engineering - in - Chief , Panchayat Raj , Vijayawada . 
The Deputy General Manager , NABARD , A.P. Regional Office , H.No.1-1-61 , 
RTC X Roads , Musheerabad , P.B.No.1863 , Hyderabad - 500020 . 
The Accountant General , Andhra Pradesh , Vijayawada . 
The Finance ( NABARD & SP ) Department . 
The OSD to M ( PR , RD , ITE & C ) 

The PS to Prl.Secy . ( PR & RD ) 
serhe PR & RD ( Progs.fi 

) Dept. 
S.C./ S.F. 


// FORWARDED :: BY ORDER // 


B. Pusonla Vani 


SECTION OFFICER 


